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CHAPTER  I 


PUBLIC  IMPROVEMENTS  PROGRAM 


.Introduction 

Public  improvement  programming  is  the  scheduling  of  capital  improve- 
ments for  a community  over  a period  of  time.  The  scheduling  is  based  on 
priorities,  according  to  the  need,  desire  or  importance  of  such  improve- 
ments, and  the  town's  present  and  anticipated  financial  standing.  Simply 
stated,  the  function  of  the  Public  Improvement  Program  is  to  establish 
a priority  for  improvement  projects  according  to  need  and  set  up  a 
scheme  of  implementation. 

There  are  many  benefits  to  be  gained  by  public  improvement  programming 
It  enables  the  town  and  its  citizens  to  take  a long-range  view 
of  their  future  activities  and  responsibilities. 

It  calls  attention  to  the  deficiencies  of  the  community  and  stimulates 
action  to  correct  these  deficiencies. 

The  very  nature  of  the  entire  procedure  protects  the  town  against 

/ 

undue  influence  of  pressure  groups  pressing  for  projects  of  limited 
town-wide  benefit. 

It  enables  the  town  to  utilize  federal  and  state  grant s-in-aid. 

Plans  can  be  prepared  for  in  advance  and  matching  money  made 
available  to  utilize  grant s-in-aid. 

Where  a bond  referendum  will  be  necessary,  it  enables  the  adminis- 
tration to  secure  public  support  and  acceptance  in  advance,  assuring 
a higher  degree  of  voter  approval 0 

The  program  will  make  available  to  every  department  the  programs 
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of  all  departments  so  that  informed  decisions  can  be  made  and  joint 
programs  initiated. 

- It  will  make  available  to  other  government  agencies,  public  utilities, 
and  other  public  and  private  groups  a comprehensive  view  of  the 
intentions  of  the  town  so  that  they,  too,  can  make  sound  judgements 
concerning  constructive  programs. 

Determination  of  Improvements 

What  constitutes  a capital  investment  will  naturally  vary  according 
to  the  size  and  financial  ability  of  a community.  For  the  purposes  of 
China  Grove,  a capital  investment  will  involve  any  expenditure  for  projects 
or  physical  items  valued  at  *1,000  or  more  and  having  a life  expectancy  of 
five  (5)  or  more  years. 

The  public  improvements  scheduled  in  this  report  were  taken  _rom 
proposals  and  recommendations  on  the  "Community  Facilities  Study"  and 
improvements  which  town  officials  felt  were  needed. 

Scheduling 

The  scheduling  of  the  Public  Improvements  Program  is  divided  into 
four  fiscal  periods  over  a total  of  twenty  (20)  years.  The  first  of  these 
periods  is  for  two  (2)  years,  extending  from  July  1,  1976  to  June  30,  1978 
The  second  period  is  for  three  (3)  years,  extending  from  July  1,  1978 
to  June  30,  1981.  The  third  is  for  five  (5)  years,  extending  from  July  1, 
1981  to  June  30,  1986.  The  fourth  is  for  ten  (10)  years,  extending  from 
July  1,  1986  to  June  30,  1996. 

The  identification  of  projects  is  more  precise  in  the  first  two 
periods,  and  the  improvements  scheduled  in  these  two  periods  are  enumerated 

in  the  Capital  Improvements  Budget. 
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Two-Year  Fiscal  Period,  July  1,  1976  to  June  30,  1978 
Studies  To  Be  Hade 

Continued  participation  in  the  "201"  Sewer  Facilities  Plan  under 
preparation  for  Rowan  County,  designed  to  improve  collection  and 
treatment  services  and  facilities  for  the  urban  areas  of  the  county. 

An  annexation  study  examining  the  developed  and  developing  fringes 
of  China  Grove  that  could  potentially  become  part  of  the  municipality. 
A land  use  study  and  land  use  plan  identifying  growth  and  projected 
land  use  for  the  planning  area  of  China  Grove. 

Major  Municipal  Projects  or  Programs 

Completion  of  the  new  municipal  building.  Building  shall  be 
adequately  furnished  and  equipped . 

Completion  of  a new  water  storage  facility  to  increase  treated 
storage  capacity. 

Equipment  To  Be  Acquired 

Implementation  of  police  vehicle  replacement  policy  by  acquiring 
one  (1)  new  and  one  (l)  surplus  vehicle. 

- Obtain  individual  communications  equipment  (walky-t alkies)  for 
police  officers. 

Obtain  hose  and  nozzle  replacements  for  fire  department  and  acquire 
emergency  generator. 

Obtain  a new  base  communications  station  for  Street  and  Sanitation 
and  Water  and  Sewer  Departments. 
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Construction  to  be  Undertaken 

Continued  implementation  of  street  maintenance  and  improvements 
program. 

- Continued  implementation  of  water  and  sewer  line  improvements: 

A.  Elimination  of  substandard  (less  than  2U)  water 
lines  and  deadend  lines. 

B.  Eliminate  infiltration  into  sewer  lines. 

Three-Year  Fiscal  Period,  July  1,  1978  to  June  30,  1981 

Major  Municipal  Projects  or  Programs 

Completion  of  new  quarters  for  fire  department 0 
Initiation  of  improvements  to  sewerage  treatment  facilities. 
Continued  improvements  to  water  distribution  and  sewage  collection 
system. 

Equipment  To  Be  Acquired 

Acquisition  of  three  (3)  surplus  police  vehicles. 

Acquisition  of  additional  individual  communications  equipment. 
Replacement  of  hose  and  nozzles. 

Acquisition  of  communication  equipment  (monitors  and  walky-t alkies) 
for  volunteer  fire  department. 

Acquire  garbage  packer. 

Acquire  new  service  truck  (pickup) . 

Perform,  maintenance  to  the  water  storage  tank. 

Acquire  a used  dump  truck. 

Acquire  a used  back  hoe. 
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Construction  To  Be  Undertakers 

Continued  implementation  of  street  maintenance  and  improvements 
program. 

Continued  implementation  of  water  distribution  and  sewage  collection 
maintenance  program 0 

Five  Year  Fiscal  Periods  July  1 , 1981  to  June  30?  1986 

Major  Municipal  Projects  or  Programs 

- Initiate  a comprehensive  recreation  program. 

Implement  new  major  water  supply  facilities. 

Continue  improvements  to  waste  water  treatment  facilities. 

Property  To  Be  Acquired 

Acquire  property  for  town  recreational  facility. 

Equipment  To  Be  Acquired 

Recreational  equipment  for  community  building. 

New  patrol  car  for  police  department  and  continue  replacement  policy. 
Acquire  pumper  truck  for  fire  department. 

Continue  acquisition  of  personal  communications  equipment  for  Fire 
Department  . 

Obtain  street  f lusher  for  Street  Department. 

Obtain  new  service  truck  (pickup). 

Construction  To  Be  Undertaken 

Continued  maintenance  and  improvements  to  street  system. 

- Continued  maintenance  of  water  distribution  and  waste  water  collection 


system. 
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Ten  Year  Fiscal  Period.,  July  1?  1986  to  June  30>  1996 

Major  Municipal  Programs  and  Projects 

Establish  comprehensive  fire  inspection  programs. 

Coordinate  Tri-Creek  Watershed  project  with  potential  Town  of 
China  Grove  water  supply. 

Implement  recommendations  of  Kanlacon  Throughfare  StudyQ 
Construct  a swimming  pool  and  recreation  center  complex. 

Develop  a system  of  neighborhood  parks. 

•Support  development  of  South  Rowan  regional  park. 

Continue  implementation  of  "201"  Sewer  Facilities  Program. 

Participate  in  county-regional  mass  transit  system. 

Equipment  To  Be  Acquired 

Acquire  personal  protective  apparatus  for  firemen. 

Initiate  replacement  policy  for  Water  and  Sewer  and  Street  and 
Sanitation  Department  vehicles  and  equipment. 

Continue  replacement  policy  on  police  vehicles. 

Acquire  additional  Fire  Department  vehicles  and  equipment  in 
compliance  with  National  Standards. 

Replace  and  install  lift  stations  to  serve  urban  areas. 

Construction  To  Be  Undertaken 

Continue  improvement  of  water  distribution  and  waste  water  collection 
system. 

Place  all  overhead  wiring  in  downtown  area  underground. 

Landscape  all  municipal  properties  and  rights-of-way  and  initiate  an 
open  space  acquisition  program. 
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Construct  town-wide  bike  route  path  system  throughout  the  community, 
to  be  utilized  as  a recreational  activity  and  bike  transit  corridor „ 
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CHAPTER  II 

CAPITAL  IMPROVEMENTS  BUDGET 


PURPOSE 

The  Capital  Improvements  Budget  is  a tool  for  balancing  projected 
capital  expenditures  with  projected  revenues  and  financing  capability 
over  a five  to  six  year  period 0 Essentially  the  Capital  Improvements 
Budget  programs  expenditures  to  meet  needs.  This  programming  must  be 
annually  examined  to  reflect  changes  in  needs  and  resources. 

In  contrast  to  the  annual  budget  which  deals  primarily  with  the 
functioning  of  local  government  on  a day  to  day  basis,  this  proposed 
document  is  concerned  with  the  financing  and  acquisition  of  major 
expenditures  over  a six  (6)  year  period  and  should  become  a base  for  the 
preparation  of  annual  budgets  within  the  corresponding  time  frame. 

ASSUMPTIONS  AND  OBSERVATIONS 

The  Capital  Improvements  Budget  is  based  on  the  following  assumptions 
and  observations: 

1 . The  citizens  of  China  Grove  will  be  willing  to  pay  for  those 
items  of  equipment  and  facilities  that  they  deem  desirable 
and  necessary. 

2.  The  need  for  public  improvements  may,  in  some  cases,  exceed 
available  tax  revenues,  necessitating  the  issuance  of  bonds. 

3.  The  basis  for  allocating  state-collected,  locally  shared  taxes 
will  not  materially  change  during  the  period  of  the  budget. 

4.  The  legal  limitations  upon  China  Grove*  1 2 3 4 s ability  and  method  of 
financing  will  not  change  during  the  period  of  the  budget. 
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5o  The  community  will  suffer  no  economic  fluctuations  and  employment 
will  increase  during  the  period  of  the  budget. 

6.  The  cost-of-living  index  will  not  decrease  although  the  cost 
of  borrowing  money  may  increase. 

RECOMMENDED  FINANCING 

With  certain  exceptions,  for  which  bond  financing  is  proposed  or 
state  and  federal  funds  are  available,  the  recommended  course  of  financing 
for  most  improvements  is  with  current  revenue  or  capital  reserve  fund. 
Current  revenue  includes  the  operating  budget  and  those  capital  items 
paid  out  of  the  General  and  Water  and  Sewer  Funds.  The  Capital  Reserve 
Fund  is  an  account  which  sets  aside  funds  for  capital  expenditures  over 
an  extended  period  of  time. 

METHODS  OF  FINANCING 

All  financial  data  is  obviously  estimates  and  subject  to  periodic 
revision.  All  estimates  were  obtained,  however,  after  due  consideration 
was  given  to  pertinent  factors  and  were  based  on  calculations  and  recommen- 
dations of  knowledgeable  town  officials  and  other  individuals. 

The  standard  sources  of  funding  public  improvements  are  current 
revenues,  bonds,  capital  reserve  funds,  state  and  federal  assistance 
and  special  assessments.  These  sources  need  to  be  balanced  to  assure 
that  the  financial  condition  of  China  Grove  remains  sound  and  the  necessary 
public  improvements  are  accomplished. 

EXISTING  ACCOUNTS,  REVENUE  SOURCES,  AND  BUDGET  ANALYSIS 

The  Town  of  China  Grove  currently  has  five  active  accounts. 
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1 . General  Fund 

2.  Debt  Service  Fund 

3.  Powell  Bill  Fund 

4.  Water  and  Sewer  Fund 

5.  General  Revenue  Sharing  Trust  Fund 

These  accounts  are  generally  adequate  to  receive  revenues  and 
disperse  funds. 


CHINA  GROVE  SOURCES  OF  REVENUE 


The  sources  of  revenue  trend  by  fund  balances  is  displayed  on 


Table  I.  Growth  in  total  revenues  from  fiscal  years  1971  to  1976  has 

been  steady  and  at  one  point  even  dramatic. 

Fiscal  year  71  to  fiscal  year  720  . . . . . „ . . . . . 10.7%  increase 

Fiscal  year  72  to  fiscal  year  73. 9.4%  increase 

Fiscal  year  73  to  fiscal  year  74. ...17.8%  increase 

Fiscal  year  74  to  fiscal  year  75 . .....34.4%  increase 

Fiscal  year  75  to  fiscal  year  76.........................  4.1%  increase 


will 


Based  on  the  'least  squares 'trend  line  projections,  total  revenues 


! follows: 

Fiscal  Year 

Total  Revenue 

1976-77 

$453,400 

1977-78 

504,900 

1978-79 

556,400 

1979-80 

607,900 

1980-81 

659,400 

1981-82 

710,900 

These  projections  are  based  on  past  trends  and  do  not  anticipate  any 
dramatic  changes  in  revenue  sources.  Projections  of  the  individual  funds 
were  not  attempted  because  of  situations  peculiar  to  the  current  and  upcoming 
fiscal  year.  The  following  discussion  explains  these  peculiarities. 


' 

TABLE  I CHINA  GROVE  SOURCE  OF  REVENUE 

1970  - 1976 
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General  Fund  - The  largest  part  of  the  Town's  continuing  financial 
responsibilities  are  assumed  by  the  General  Fund.  This  fund  has  been 
steadily  increasing  as  a percentage  of  total  revenue  (Table  I)  for  the 
past  several  years,  largely  because  of  accumulating  reserve  fund  balances 
in  anticipation  of  the  construction  of  a new  municipal  building.  The 
reserve  funds  will  be  largely  depleted  in  the  current  fiscal  year. 

During  the  budget  period  of  1976-82  the  General  Fund  will  be  generating 
revenue  to  revitalize  reserve  funds,  build  cash  surplus  and  fulfill 
financial  responsibilities. 

Debt  Service  Fund  - The  purpose  of  the  Debt  Service  Fund  is  to  channel 
revenue  into  an  account  which  provides  for  the  retirement  of  bonds . This 
fund  has  been  reducing  steadily  for  the  last  few  years  as  bonded  indebt- 
edness was  reduced.  During  the  current  fiscal  year  the  Debt  Service  Fund 
was  only  four  (4)  percent  of  total  revenues.  The  citizens  of  China  Grove 
have  approved  a $175,000  bond  issue  to  finance  the  construction  of  a water 
storage  tank.  The  estimated  cost  of  this  facility  is  $213,000.  China 
Grove  has  secured  $53,000  in  North  Carolina  Clean  Water  Bond  Act  funds. 

The  remaining  $1 60,000  will  be  financed  through  the  general  obligation 
bonds. 

China  Grove's  estimated  tax  valuation  in  1975  was  $15,465,896. 

The  legal  debt  limit  is  eight  (8)  percent  of  total  valuation  or  $1,237,272. 
If  the  Town  pursues  the  full  $1 60,000  for  the  water  storage  tank  the 
amount  of  bonds  outstanding  for  1976-77  will  be  $225,000  or  eighteen  (18) 
percent  of  the  maximum  debt  limit. 

Powell  Bill  Fund  - The  Powell  Bill  Fund  is  revenue  allotted  to  China  Grove 
for  highway  improvements  by  the  State  of  North  Carolina.  The  six  (6) 
years  previous  to  this  Capital  Improvements  Budget,  the  trend  has 
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fluctuated  from  six  (6)  percent  to  eleven  (11)  percent,  (Table  I). 

Using  the  'least  squares'  trend  lines  projections  the  fund  balance  from 
1976  to  1982  will  be; 


Year 

Fund  Balance 

% of  Total  Revenue 

1976-77 

$39,710 

% 

1977-78 

43,780 

% 

1978-79 

47,850 

9% 

1979-80 

51,920 

% 

1980-81 

55,990 

8% 

1981-82 

60,060 

8% 

The  reliability  of  these  projections  are  premised  on  the  extension 
of  past  trends o Many  unforeseen  variables  could  alter  these  projections. 
Water  and  Sewer  Fund  - The  revenues  from  this  fund  have  been  steadily 
decreasing  as  a percentage  of  total  revenues  from  1970  to  1976  (Table  I)„ 
With  the  sale  of  general  revenue  bonds  and  receipt  of  Clean  Water  Bond 
funds  this  account  will  generate  $213,000  in  additional  revenue  in  fiscal 
year  1976-77.  This  fund  should  be  the  strongest  source  of  revenue  for 
the  Town  of  China  Grove „ Through  the  growth  by  annexation  of  residential 
properties  surrounding  China  Grove  the  Water  and  Sewer  Fund  will  continue 
to  growo  The  Town  must  carefully  examine  this  fund.  Costs  of  providing 
water  and  sewer  services  should  provide  an  equitable  return „ A discussion 
of  utility  services  is  set  forth  in  Chapter  III.  The  Water  and  Sewer 
Fund  should  expand  as  a revenue  source  to  maintain  strong  financial 
support . 

General  Revenue  Sharing  Fund  - The  General  Revenue  Sharing  Trust  Fund  is 
an  account  designed  to  accumulate  revenue  from  the  Federal  General  Revenue 
Sharing  Act  dispersements.  This  account  has  been  maintained  to  build 
reserves  for  the  construction  of  the  new  municipal  buildingo  At  the  end 
of  this  fiscal  year  the  fund  will  largely  be  depleted. 
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The  expenditure  of  General  Revenue  Sharing  on  capital  improvements  is 
wise  and  prudent  because  of  its  maximum  impact  on  large  scale  public 
improvements  and  its  unreliability  as  a continuing  revenue  source,, 

Future  fund  accumulation  should  likewise  be  designated  for  capital 
reserve  purposes  and  be  channeled  toward  water  and  sewer  improvements. 

BUDGET  ANALYSIS 

Through  careful  budget  planning  the  ratio  of  capital  improvements 
expenditures  and  debt  service  to  the  total  budget  can  be  stabalized  and 
reduced o The  function  of  budget ory  planning  is  to  provide  and  finance 
services  and  facilities  in  the  most  cost  effective  manner  possible 0 

Budget  analysis  from  1970  through  1976  indicates  fluctuation  of 
capital  expenditures  and  operating  expenses  while  debt  service  has  been 
steadily  decreasing  (Table  II).  Operating  expenses  will  continue  to 
expand  throughout  the  capital  budget  period.  Cost  increases  of  nearly 
every  commodity  and  resource  will  probably  continue.  Debt  Service  will 
rise  in  fiscal  year  1977' but  will  again  be  declining  throughout  the 
budget  period o 

Occassions  will  arise  where  unforeseen  capital  expenditures  will 
have  to  be  made.  The  purpose  of  the  capital  budget  is  to  limit  the  need 
for  tremendous  fluctuation.  Generally  speaking,  debt  service  should  be 
continuously  reduced.  Establishment  of  a General  Reserve  Account  Fund  as 
a continuous  budget  account  should  help  in  channeling  reserves  to.  meat 
unforeseen  expenditures. 

The  General  Reserve  Account  Fund  should  be  used  to  accumulate  cash 
surplus.  The  average  cash  surplus  through  fiscal  year  1975-76  was 
$161,603.  The  average  monthly  total  bank  balance  was  $30,403.  The  average 


CHINA  GROVE  BUDGET  ANALYSIS 
1970  - 1976 
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cash  surplus  investment  was  $131,200  at  an  average  return  of  5o5%.  Cash 
surplus  will  largely  be  depleted  this  fiscal  year.  Cash  surplus  must  be 
expanded,  not  only  for  capital  reserves,  but  also  for  adequate  buffer 
and  cash  flow. 

CAPITAL  EXPENDITURES  (TABLE  III  & IV) 

Capital  expenditures  are  shown  on  the  accompanying  tables.  Major 
expenditures  are  noted  as  RF  which  indicates  that  the  funding  source  is 
capital  reserve  fund  or  GO  indicating  a general  obligation  bond  source. 
Municipal  Building  (Furniture,  fixtures  and  equipment) 

These  are  reserve  funds  carried  into  fiscal 
year  1976-77  for  uncompleted  items  in  the 
new  municipal  building. 

The  1976-77  designation  is  for  construction  of 
a water  storage  tank  to  upgrade  storage  capacity. 
Funding  source  is  from  general  obligation  bonds 
and  Clean  Water  Bond  funds.  Subsequent  years 
are  for  improvements  to  supplies  or  additional 
supplies.  1977-82  appropriations  are  therefore 
from  capital  reserve  funds. 

Existing  fire  department  quarters  are  cramped  and 
generally  unsuitable.  General  purpose  storage 
training  and  maintenance  quarters  are  proposed  for 
completion  circa  1980-81. 

A new  fire  pumper  truck  needs  to  be  acquired  circa 
1982.  A capital  reserve  fund  of  $45,000  is  established. 


Water  Supply 


Fire  Department 
Facilities 


Pumper  Truck 
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Packer 


Flusher 


Backhoe 


Waste  Water, 

Treatment 

Improvements 


Present  garbage  packer  is  depreciating  and 
should  be  replaced  circa  1979-80. 

A street  flusher  truck  will  be  needed  circa  1982. 
This  truck  may  also  service  as  mobile  water 
storage  for  the  fire  department. 

Exi sting  backhoe  is  limited  in  extended  reach 
and  adaptability.  An  additional  backhoe  will 
be  required  circa  1980-81. 

Additional  improvements  or  alterations  to  the 
existing  treatment  system  may  be  required  as  a 
result  of  inefficient  equipment  and  alterations 
required  by  stricter  pollution  abatement  criteria. 


TABLE  III  CHINA  GROVE  CAPITAL  BUDGET 
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TOTALS  $275,000  $63,350  $113,700  $101,500  $99,200  $102,100  $675,050 

RF  - denotes  Reserve  Fund  qq  _ ^eno-t,es  General  Obligation  Bonds 
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TABLE  IV 


SUM4ARY  OF  PROJECTED  COSTS 
AND  SOURCE  OF  REVENUE  BY  FISCAL  YEAR 


Fiscal 

Year 

Revenue  Source 

Projected 

Cost 

Total 

1976-77 

General  Obligations  Bonds 
General  Revenue 
Capital  Reserve 
N.  Co  Clean  Water  Act  Bonds 

160,000 

33,978 

28,222 

53,000 

$275,200 

1977-78 

General  Revenue 
Capital  Reserve 

35,350 

28,000 

$63,350 

1978-79 

General  Revenue 
Capital  Reserve 

65,700 

48,000 

$113,700 

1979-80 

General  Revenue 
Capital  Reserve 

47,500 

54,000 

$101,500 

1980-81 

General  Revenue 
Capital  Reserve 

47,200 

52,000 

$99,200 

1981-82 

General  Revenue 
Capital  Reserve 

60,100 

42,000 

$102,100 

Six  year  total  cost: 

General  Obligation  Bonds 
N.  C.  Clean  Water  Bonds 
General  Revenue 
Capital  Reserve 

160,000.00 
53,000.00 
289, 829 o 00 
252,221 .00 

Total 

$675,050o00 
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CHAPTER  III 
DEVELOPMENT  POLICY 


INTRODUCTION 

The  development  and  implementation  of  public  improvements  programming 
and  capital  budget  are  valuable  tools  in  the  provisions  of  services  and 
facilities  in  fulfillment  of  the  needs  and  desires  of  the  citizens.  A 
significant  factor  in  the  development  of  new  facilities  and  services  are 
the  policies  by  which  the  town  guides  its  development 0 

The  physical  character  of  the  community  is  guided  by  the  adopted 
land  use  controls  based  on  the  Land  Development  Plan,  The  investment 
of  public  funds  is  usually  guided  by  a variety  of  unrelated  policies 
which  are  normally  changed  from  one  situation  to  another  and  from  one 
administration  to  another.  Certainly  town  policies  should  be  flexible 
to  be  adaptable  to  a variety  of  conditions.  They  should  also  be  viable 
enough  to  provide  a strong  basis  for  expensive  public  investment. 

The  Town  of  China  Grove  is  a public  corporation.  The  citizens  of 
the  community  are  its  stockholders  and  its  greatest  resource.  It  is 
incumbent,  therefore,  on  the  Board  of  Aldermen  to  assure  that  every 
public  investment  is  not  only  cost  effective  but  also  in  the  best 
interest  of  the  public. 

DEVELOPMENT  POLICY 

The  greatest  expenditures  to  the  Town  of  China  Grove  are  the  extension 
of  water  and  sewer  services.  The  Subdivision  Ordinance  adopted  in  1976 
provided  a strong  requirement  for  the  provision  of  improvements  to 


u 
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residential  property  (e.g.  paving,  curb  and  gutter,  drainage,  water  and 
sewer).  A policy  for  extending  improvements  to  all  properties  is 
advised  to  assure  that  the  town's  share  of  any  improvements  receives 
the  maximum  benefits.  Because  water  and  sewer  services  are  such  strong 
determinants  of  urban  growth  the  town  should  use  its  extensions  to  shape 
growth  in  its  area  of  concern. 

WATER  AND  SEWER  EXTENSIONS 

China  Grove  town  policy  for  the  extension  of  water  and  sewer  services 
and  facilities. 

INTENT 

It  is  the  intent  of  the  Town  of  China  Grove  to  establish  a policy 
for  the  orderly  and  timely  extension  of  water  and  sewer  services,  in 
accordance  to  prescribed  standards,  to  properties  requiring  such  services 
and  facilities.  The  extension  of  water  and  sewer  services  and  facilities 
shall  conform  to  the  plans  and  policies  of  the  Town  of  China  Grove. 

EXTENSION  OF  THE  SYSTEM 

As  herein  set  forth,  the  Town  of  China  Grove  recognizes  its 
responsibility  to  provide  for  a clean  and  potable  water  supply  and  the 
sanitary  disposal  of  effluent  to  the  residents  of  the  Town  of  China  Grove. 

To  fulfill  this  responsibility  the  town  will  extend,  where  ever  feasible, 
the  town  water  system  and  sanitary  sewer  system  to  all  properties  within 
the  corpoate  limits  requiring  such  services;  except  where  distribution 
of  water  or  collection  and  treatment  of  waste  water  would  be  better  supplied 
by  on-site  facilities  due  to  unusual  topographic,  geologic,  and/or 


; 
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drainage  conditions  or  other  factors  creating  an  excessive  burden. 

Developed  Properties  - Properties  already  developed  within  the 
corporate  limits  of  the  Town  of  China  Grove  are  deemed  a part  of  the  town 
water  and  sewer  system.  Connection  to  the  system  or  the  acceptance  by 
the  town  of  on-site  facilities  is  required,. 

Undeveloped  Properties  - Undeveloped  properties  within  the  corporate 
limits  of  China  Grove  requesting  acceptance  into  the  system  shall  petition 
the  Board  of  Aldermen  for  the  Town  of  China  Grove.  Said  petition  shall 
request  service  for  the  property  in  the  name  of  owner (s)  and/or  agent (s) 
for  the  property.  The  intended  usage  of  the  property  and  proposed  improve- 
ments shall  comply  with  officially  adopted  land  use  plans,  town  specifi- 
cations for  improvements,  zoning  requirements,  subdivision  regulations, 
and  other  relevant  town  requirements,  specifications,  and  policieso 
All  proposed  uses  will  be  evaluated  according  to  the  capacity  of  the  town 
to  provide,  supply,  and  distribute  waste  water  collection  and  treatment 
prior  to  acceptance  into  the  system „ Non-re sidential  uses  requiring 
unusually  high  volumes  of  water  or  placing  unusual  demands  on  waste  treatment 
capacity  may  be  required  to  cost-share  on  additional  improvements  required 
on  the  town  system  and/or  develop  such  on-site  facilities  that  will  decrease 
the  burden  on  the  town  system. 

EXTENSION  OF  SYSTEM  OUTSIDE  THE  CORPORATE  LIMITS 

The  Town  of  China  Grove  recognizes  the  need  of  supplying  urban 
development  with  urban  services.  The  most  efficient  method  of  supplying 
urban  services  is  through  annexation  of  urban  development  into  the  corporate 
limits  of  the  municipality^  To  the  extent  feasible,  it  shall  be  the  policy 


_ 
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of  the  Town  of  China  Grove  to  annex  all  residential  and  commercial 

properties,  including  properties  proposed  for  such  uses,  being  extended 

water  and  sewer  services  and  facilities®  Industrial  properties  will  be 

considered  on  a case  by  case  basis  with  annexation  preferred. 

Prior  to  the  approval  of  extension  of  water  and  sewer  services  and 

facilities,  the  following  procedure  shall  be  followed: 

A.  Petition  for  Services.  A petition  for  services  shall  include  the 
following  information: 

1.  Name(s)  of  property  owner (s)  and  agent (s)0 

2.  Name(s)  of  developer, 

3.  Exact  location  of  area  under  consideration  and  distance 
from  corporate  limits. 

4.  Exact  size  of  area  under  consideration. 

5.  Existing  and  proposed  land  use,  including  total  number  of 
lots  and/or  square  footage  of  principal  structures,  accessory 
structures,  and  parking. 

6.  Estimated  number  of  dwelling  units,  type  of  units,  and 
density  per  acre, 

7.  Estimated  number  of  employees,  including  projections  of 
future  employment. 

8.  Highway  access. 

9.  Projected  water  usage  and  treatment  requirements. 

10.  Plans  and  specifications  for  improvements  including,  but  not 
limited  to 

a.  water  and  sewer  line  size 

b.  placement  of  hydrants 

c.  road  right-of-way  and  improvements,  including  curb, 
gutter  and  sidewalks 

d.  location  of  easements 

e.  exact  location  of  drainage  facilities  including  pipe 
size  and  area  of  concentration 

f.  sedimentation  and  erosion  control 

' g.  other  plans  and  specifications  as  may  be  required 

by  the  subdivision  ordinance  or  other  town  policies 
and  specifications. 
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B.  Planning  Board  Review.  The  petition  of  services  shall  be  forwarded 
to  the  China  Grove  Planning  Board  for  review.  The  Planning  Board 
shall  review  the  petition  in  relation  to  the  following: 

1.  Compliance  of  proposed  land  use  with  town  land  use  plans, 
zoning  ordinance  and  subdivision  regulations. 

2.  Exact  location  of  nearest  water  and  sewer  lines. 

3.  The  need  for  any  lift  stations. 

4.  Water  supply,  treatment  and  main  capacity. 

5.  Waste  water  treatment  and  outfall  capacity. 

6.  The  relationship  of  the  development  to  the  thoroughfare  plan, 
the  school  facilities  plan.,  the  recreation  plan  and  water 
and  sewer  plan  for  the  Town  of  China  Grove. 

7.  Costs/benefits  analysis. 

8 . Environmental  impact « 

9.  Feasibility  of  annexation. 

C.  Decision  of  the  Board  of  Aldermen.  The  Board  of  Aldermen,  after 
Planning  Board  review  and.  recommendations,  shall  determine 
whether  to  extend  services  and  facilities  and  whether  to  require 
annexation  of  the  area  under  consideration. 


FINANCING 

It  shall  be  the  policy  of  the  Town  of  China  Grove  to  require  cost 
participation,  in  whole  or  in  part,  in  the  extension  of  services  and 
facilities  to  any  property.  The  degree  of  participation  shall  be  based  on 

a.  the  degree  of  benefit  on  property  to  which 
the  extension  is  projected 

b.  the  degree  of  benefit  to  properties  that  are 
served  as  a result  of  the  extension. 

An  extension  which  is  designed  to  serve  only  the  property  petitioning 

for  the  extension  shall  fully  finance  that  extension.  An  extension  which 

is  designed  for  the  petitioning  property  and  surrounding  properties  shall 

be  financed  through  cost-participation  by  assessment  to  the  petitioning 
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property  and  other  properties  served  according  to  the  current  assessment 
policy  and  schedule  of  the  Town  of  China  Grove.  The  town  may  require 
the  developer  of  the  petitioning  property  to  finance  the  entire  cost  of 
extension.  The  town  will  assess  other  affected  properties  according  to  the 
assessment  schedule  in  effect  at  the  time  of  the  improvement  and  reimburse 
the  developer  with  collected  assessments  from  the  effected  properties  when 
connection  is  made  to  the  system.  The  developer  is  only  eligible  for 
reimbursement  from  connections  made  within  ten  (10)  years  of  the  completed 
improvement . 

Properties  receiving  services  and  facilities  as  a result  of  exten- 
sion are  responsible  for  making  all  on-site  improvements  necessary  to 
serve  the  intended  use.  The  cost  of  the  on-site  improvements  shall  be 
totally  finances  by  the  developer.  The  Town  of  China  Grove  will  not 
approve  extensions  of  services  and  facilities  unless  and  until  the  developer 
of  any  development  under  consideration: 

1 . installs  improvements  as  required  by  this  policy,  the 
Subdivison  Ordinance,  and  other  pertinent  town  policies 
and  specifications;  and  these  improvements  have  been 
inspected  and  found  acceptable;  or 

2.  posts  performance,  surety,  or  case  bond(s)  for  improve- 
ments as  specified  in  the  section  70.2  of  the 
Subdivision  Ordinance. 

Developers  of  non-re sidential  properties  shall  provide  such  facilities 
and/or  agreements  for  cost  sharing  as  indicated  previously  in  this  policy. 


■ 


' 


APPENDIX 


INVENTORY  OF  FEDERAL  ASSISTANCE  PROGRAMS 

An  inventory  of  federal  assistance  programs  is  listed. 


This 


list  is  not  intended  to  be  an  exhaustive  listing,  but  simply  programs 
which  the  Town  of  China  Grove  might  give  immediate  consideration. 
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Title: 


Title: 


Title: 


Title: 


Advisory  Guidance  and  Service,  Access  to  Government  Programs 

Assistance  Available:  Upon  oral  or  written  request,  trained 

professionals  will  assist  in  finding  federal  programs  and 
agencies  which  can  help  solve  rural  industrial  and  business 
problems,  or  employment  and  labor  needs. 

Eligibility:  Any  person,  firm,  organization  or  local  or 

state  government  with  specific  problems  may  request 
assistance. 

Contact:  Rural  Development  Service 

Department  of  Agriculture 
Washington  D.C.  20250 

Industrial  and  Business  Site  Preparation  - Grants  and  Loans 

Assistance  Available:  Loans  and  grants  ( if  used  for 

pollution  abatement  not  to  exceed  50%  of  cost)  for  industrial 
and  business  site  preparation  including  any  measure  to 
facilitate  development  of  private  business  enterprises. 
Development,  construction,  or  acquisition  of  land,  buildings, 
plants,  equipment,  access  streets  and  roads,  parking  areas, 
utility  extensions,  and  necessary  water  and  waste  disposal 
facilities,  plus  refinancing  services  and  fees. 

Eligibility;  Public  bodies  located  in  open  country,  villages, 
towns,  and  small  cities  up  to  50,000  population  if  not  within 
built-up  or  subdivided  suburban  area  around  a city  larger 
than  50,000. 

Contact:  Local  Office  of  Farmers  Home  Administration 

Council  of  Governments  catalog  #10.422 

#10.424 


Industry  and  Business  Services  in  Rural  Areas 

Assistance  Available:  Special  assistance,  services  and 

limited  insured  loans  to  new  or  expanding  private  inter- 
prise and  governmental  installation  in  rural  areas. 
Activities  are  coordinated  with  programs  of  the  Small 
Business  Administration  and  Farmers  Home  Administration. 
Contact : Rural  Electrification  Administration 

Department  of  Agriculture 
Washington  D.C.  20250 

Location  of  Offices  and  Installations  on  Rural  Areas 

Assistance  Available:  The  heads  of  all  executive  depart- 

ments and  agencies  of  the  Federal  government  are  directed 
to  establish  and  maintain  policies  and  proceedures  that 
give  Lop  priority  to  location  of  new  offices  and  other 
facilities  in  rural  areas. 

Eligibility:  Governments  in  open  country,  villages,  towns, 

and  small  cities  up  to  50,000  population  if  not  within 
build-up  or  already  plotted  suburban  area  of  a city  larger 
than  50,000. 


. 
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Title: 


Title: 


Title: 


Title: 


Contact;  Rural  Development  Service 
Department  of  Agriculture 
Washington  D.  C,  20250 

Rural  Industrial  Pollution  Abatement  and  Control  Loans 

Assistance  Available:  Direct , insured  and  guaranteed  loans 

for  pollution  abatement  and  control  in  connection 
with  rural  industry  and  business  operation  and  plants. 
Eligibility:  Governments  located  in  open  country,  villages, 

towns,  and  small  cities  up  to  50,000  population  if  not 
within  the  build-up  or  already  plotted  suburbs  of  a city 
larger  than  50,000,  Must  be  cleared  for  consisting  and 
orderly  growth  plans  of  municipal,  county  and  substate 
planning  regions. 

Contact:  Council  of  Governments 

Local  Office  of  Farmers  Home  Administration 

catalog  #10.422 


Rural  Industry  Planning  and  Assistance 

Assistance  Available:  Within  available  resources,  complete 

rural  industry  project  planning  and  establishment  in 
cooperation  with  federal,  regional,  state,  local  and  private 
developments  at  earliest  practicable  time. 

Contact : Agriculture  Research  Service 

Department  of  Agriculture 
Hyattsville,  Maryland  29781 

Training  Assistance 

Assistance  Available:  Written  materials  on  training, 

consultive  services,  and  management  training  courses  for 
state  and  local  employees.  Admission  to  management  training 
courses  for  Federal  Employees.  Services  available  to 
professional,  administrative,  and  technical  personnel  of 
state  and  local  government  agencies.  State  or  local 
government  agencies  may  be  expected  to  pay  for  participation 
in  training  courses,  or  for  costs  of  consultive  and  advisory 
services. 

Contact : Civil  Service  Commission,  Atlanta  Region 

1340  Spring  Street.  NW 

Atlanta,  Georgia  30309  catalog  #27.009 

Essential  Rural  Community  Facilities  Loans 

Assistance  Available:  Insured  loans  for  essential  rural 

community  facilities,  including  necessary  related  equipment. 
Subsidized  interest  rate  (maximum  rate  of  5 °L)  . 


29 


Title: 


Title: 


Title: 


Eligibility:  Public  agencies  located  in  open  country, 

villages, towns , and  small  cities  up  to  10,000  population. 
Contact : Local  Office  of  Farmers  Home  Administration 

catalog  #10,422 

Volunteer  and  Subsidized  Drivers  and  Dispatchers 

Assistance  Available:  ACTION  through  a number  of  programs 

and  Manpower  Administration,  through  a variety  of  Federal 
and  State  programs,  such  as  Green  Thumb  and  other  Operation 
Mainstream  projects,  provide  crews  and  individual  workers 
whose  wages,  fringe  benefits,  and  other  employment  costs 
are  borne  by  the  placement  agency  and  whose  talents  and 
energy  are  available  to  help  operate  rural  transportation 
systems  for  low  income  and  older  rural  people. 

Eligibility:  Public  bodies  and  non-profit  associations 

that  will  provide  tools,  system  design  supervision,  equip- 
ment, operating  subsidies,  and  sponsorship.  Open  country, 
villages,  towns,  small  cities  up  to  50,000  population, 
if  not  within  built-up  or  already  subdivided  suburbs. 
Contact:  ACTION 

730  Peachtree  St.,  NE 
Atlanta,  Georgia  30308 

Green  Thumb,  Inc. 

1012  14th  St.  NN 
Washington  D.C.  20005 

Works  of  Improvement-Cost-Free  Engineering  Construction 

Assistance  Available:  Many  rural  communities  and  local 

rural  leaders  have  been  able  to  make  arrangements  with 
nearby  based  engineering  units  of  the  National  Guard  and  the 
Reserves.  These  units  require  training  and  experience  in 
engineering  construction  and  works.  Many  of  these  units 
have  used  local  public  improvements  as  the  basis  of  their 
active  duty,  and  volunteer  training. 

Contact : Commanding  Officer  of  local  unit  or  through 

State  Adjutant  General  in  Govenor ' s Office. 

Electric  Power,  Project  Construction 

Assistance  Available:  Construction  and  operation  of 

hydroelectric  generation  and  multi-purpose  power  and 
water  development  projects. 

Contact : Office  of  the  Chief  of  Engineers 

Department  of  the  Army 
Washington  D.C.  20314 
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Title: 


Title: 


Title: 


Title: 


Title: 


Electric  Power,  Wholesale  Supply 

Assistance  Available:  Sources  of  public  power  for  local 

distribution.  Advice  and  counseling  for  local  communities. 
Contact:  Bureau  of  Reclamation 

Department  of  Interior 
Washington  D„C.  20240 

Southeastern  Power  Administration 
Elberton,  Georgia  30635 

Tennessee  Valley  Authority 
Knoxville,  Tennessee  37902 

Fire  Protection  Research 

Contact:  Department  or  Commerce 

203  Federal  Building 
Box  1950  West  Market  Street 
Greensboro,  North  Carolina  27402 

Fire  Protection  Equipment,  Services  and  Fire  Houses 

Assistance  Available:  Grants,  federal  cost- sharing  loans, 

interest  subsidies,  and  technical  assistance  to  equip, 
train  and  operate  rural  fire  protection,  prevention  and 
suppression.  Also  for  structures  such  as  fire  houses. 
Eligibility:  Varies  according  to  program.  All  services 

available  to  small  cities  200  to  2,000  in  population. 

Most  in  open  country,  villages,  towns,  and  small  cities  up 
to  10,000. 

Contact:  Local  Office  of  Farmers  Home  Administration 

Local  Conservationist,  Soil  Conservation  Service 
State  Forestry  Department 
District  Office  of  Forest  Service. 

Beautification,  Technical  Assistance 

Assistance  Available:  Consultative  assistance  to  units 

of  local  government,  non-profit  organizations,  and  indivi- 
duals, including  conservation  plan,  technical  assistance, 
and  guides  or  use  of  soil  and  water  in  the  public  interest. 
Contact:  Local  Soil  Conservation  Service  Office 

catalog  #10.902 

Extension  Programs  for  Natural  Beautification 

Assistance  Available:  Technical  assistance,  advice  and 

counseling.  Landscape  plans,  information  on  horticulture, 
guides  for  maintenance,  and  organization  assistance. 

Contact:  Local  Extension  Service  Office 

State  Cooperative  Extension  Service  Office 

catalog  #10.500 


. 
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Title: 


Title: 


Title: 


Extension  Programs  for  Recreation  and  Wildlife 

Assistance  Available:  Extension  Service  offers  advisory- 

assistance  and  counseling  through  conferences,  research, 
educational  activities,  liason  with  other  government 
sponsored  programs.  Technical  information  and  aids  are 
available  upon  request. 

Contact : Local  Cooperative  Extension  Office 

State  Cooperative  Extension  Office 

catalog  #10.500 


Land  and  Water  Conservation  Fund  Grants 

Assistance  Available:  Project  grants  for  acquisition  and 

development  of  outdoor  recreation  areas  for  which  other 
federal  funding  is  not  available.  Projects  may  vary  from 
bicycle  paths  to  hiking  trails,  outdoor  picnic  stops  to 
swimming  pool  complexes.  Facilities  must  be  open  to  the 
general  public  and  not  generally  limited  to  special  groups. 
Facility  or  area  must  be  included  in  statewide  comprehensive 
outdoor  recreation  plan. 

Eligibility:  State  agencies  formally  designated  by  the 

Governor  to  administer  State *s  land  and  water  conservation 
fund  program.  Local  communities  may  be  beneficiaries 
by  establishing  eligibility  with  state  agency. 

Contact:  Department  of  Natural  and  Economic  Resources 

Division  of  Community  Assistance 
South  Piedmont  Area  Field  Office 
P.  0.  Box  950 

Mooresville,  North  Carolina  28155 

Bureau  of  Outdoor  Recreation 
810  New  Walton  Building 

Atlanta,  Georgia  30303  catalog  #15.400 

Grants  for  Community  Development -Planning- Cons  true tion- 
Mamagement 

Assistance  Available:  Formula  grants  for  a good  range  of 

community  facilities,  such  as  model  cities  in  rural  areas, 
neighborhood  centers,  neighborhood  development  open  spaces, 
public  facilities  and  urban  renewal.  Twenty  percent  of 
national  total  available  in  non-metropolitian  areas.  Grants 
may  also  be  used  for  local  share  of  other  Federal  Grant 
programs,  other  public  facilities  such  as  health  and  social 
services  and  comprehens3.ve  planning-management-evaluation 
capability. 

Eligibility:  Counties  and  municipalities. 
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Title: 


Title: 


Title: 


Contact:  Department  of  Housing  and  Urban  Development 

Greensboro  Area  Office 
2309  West  Cone  Blvd. , NW  Plaza 
Greensboro,  North  Carolina  27408 

Beautification  and  Development 

Assistance  Available:  Cost-free  labor  to  construct  and 

landscape  scenic  and  recreational  areas  of  transmission 
line  and  generational  property  right-of-ways  for  public 
of  tax-free  private  club  or  association. 

Eligibility:  Public  and  non-profit  agencies  and  associations. 

Contact:  Green  Thumb,  Inc. 

1012  14th  St.  NW 

Washington  D.C.  20005  catalog  # 17.223 

Open  Space  Land  Program 

Assistance  Available:  Project  grants  up  to  1007,  of  the  cost 

to  help  communities  acquire  and  develop  land  as  permanent 
open  space.  To  help  provide  needed  park,  recreation,  con- 
servation, scenic,  and  historic  areas.  Funds  may  be 
used  for  acquiring  land  and  certain  structures,  demolition 
of  inappropriate  structures  and  real  estate  services. 
Improvement  costs  include  basic  facilities  such  as  roadways, 
signs  and  landscaping.  Major  construction  such  as  swimming 
pools,  and  marinas  is  not  eligible.  Acquisition  and 
development  must  conform  to  local  and  area  wide  planning. 
Grants  for  improvement  and  development  are  available  only 
for  land  acquired  under  this  program. 

Eligibility:  State  and  local  bodies  with  authority  to  acquire 

and  preserve  open  space  and  to  contract  for  Federal  funds. 
Coordination  with  State  office  of  clearing  house  services, 
and  with  local  agency  and  area  wide  agency  responsible  for 
comprehensive  planning.  Relocation  assistance  and  federal 
relocation  payments  must  be  provided  for  individuals, 
families,  and  business  displaced  by  the  program. 

Contact:  Department  of  Housing  and  Urban  Development 

' Greensboro  Area  Office 
2309  West  Cone  Blvd.  NW  Plaza 
Greensboro,  North  Carolina  27408 

Recreation  Association  Loans 

Assistance  Available:  Guaranteed  and  insured  loans  to 

finance  such  facilities  as  swimming  pools,  tennis  courts, 
lakes  and  ponds  for  boating  and  fishing,  picnic  grounds, 
shooting  preserves,  and  camping  grounds. 

Eligibility:  Public  and  quasi-public  bodies  not  operated 

for  profit  which  serves  residents  of  open  country,  rural 
towns  and  villages  up  to  10,000  population.  Must  obtain 
evidence  that  (1)  they  are  unable  to  obtain  funds  at 


. 
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Title: 


Title: 


Title: 


reasonable  rates  and  terms,  (2)  proposed  improvements  will 
primarily  serve  farmers  and  other  rural  residents,  and 
(3)  they  have  legal  capability  to  borrow,  repay,  and 
pledge  security  for  the  loan  and  to  operate  the  facilities 
and  services.  Coordination  with  state,  metropolitan,  and 
local  units  of  government  is  required. 

Contact:  Local  Farmers  Home  Administration  Office 

Flood  Plain  Management  Services 

Assistance  Available:  Dissemination  of  technical  information 

advisory,  services,  and  counseling  to  promote  appropriate 
recognition  of  flood  hazards  in  land  and  water  use,  or  Plan- 
ning and  development.  Available  information  identifies 
areas  subject  to  flooding  and  flood  losses  from  streams, 
lakes,  and  oceans  and  describes  flood  hazards  at  proposed 
building  sites.  It  can  be  used  for  a basis  for  planning 
flood  plain  use,  for  delineating  boundaries  of  flood 
plain  zones,  for  setting  elevations  for  flood  proofing, 
and  for  indicating  areas  to  be  acquired  for  open  space 
activities,  also  includes  the  interpertation  of  technical 
information  and  related  assistance  and  guidance  toward 
wise  use  of  flood  plains.  Several  are  available  within 
the  annual  funding  limitations  from  the  regional  office 
on  request. 

Eligibility:  States,  political  subdivisions  of  State,  and 

other  public  organizations. 

Contact:  U.  S.  Army  Corps  of  Engineers 

Wilmington  District 
P.  0.  Box  1890 

Wilmington,  North  Carolina  28401  catalog  #12.104 

Systems  Engineering  Demonstration  Grants 

Assistance  Available;  Project  grants  to  assist  public 
bodies  in  developing  optimum  public  services,  delivery  and 
management  systems  through  the  use  of  system  analysis 
techniques . 

Eligibility:  Public  bodies  or  combinations  of  public 

bodies  which  have  authority  to  plan  and  implement  entire 
systems  of  public  facilities  and  services,  including 
state,  counties,  cities,  special  districts  and  official 
planning  agencies. 

Contact:  Department  of  HUD 

Greensboro  Area  Office 

2309  West  Cone  Blvd.  NW  Plaza 

Greensboro,  North  Carolina  27408 

Subsidy  of  Salaries  for  Employees 

Assistance  Available:  Funds  to  pay  salaries  of  employees. 

Eligibility:  County  and  municipal  governments. 


' 


. 


34 


Title: 


Title: 


Title: 


Title: 


Contact:  Governor's  Office 

HUD  Water  System  Construction  Grants 

Assistance  Available:  Project  grants  from  new  formula  grant 

funds  for  base  water  system  facilities. 

Eligibility:  Cities,  towns,  counties,  public  agencies 

instrumentalitus  of  one  or  more  states,  municipalities, 
political  subdivisions,  and  boards  or  commissions  authorized 
by  law  to  finance  capital  improvements. 

Contact : Department  of  HUD 

2309  West  Cone  Blvd.  NW  Plaza 
Greensboro,  North  Carolina  27408 

Local  Office  of  Farmers  Home  Administration 

Emergency  Health  Services  - Hospital  and  Ambulance 

Assistance.  Available:  Project  grants  for  studies  relating 

to  ambulance  and  emergency  health  services.  Very  limited 
support  for  special  demonstration  projects  and  short-term 
training. 

Contact:  Department  of  Health,  Education  and  Welfare 

Public  Health  Service 
50  7th  Street  NE 

Atlanta,  Georgia  30323  catalog  #13.284 

Family  Health  Centers 

Assistance  Available:  Project  grants  to  develop  and  provide 

health  maintenance  and  treatment  services  to  enrolled 
populations  in  areas  of  scarce  health  services  on  a pre- 
paid capitation  basis;  and  to  identify  solutions  for  pro- 
viding health  services  to  those  populations.  Funds  are 
for  development  and  administrative  activities,  training, 
capitation  payments  for  certain  enrollees,  supplementary 
ambulatory  case  benefits  for  those  meeting  eligibility 
requirements  and  reimbursement  to  members  of  consumer 
policy  or  advisory  boards. 

Eligibility:  Any  public  or  non-profit  private  agency. 

Contact : Department  HEW 

Public  Health  Service 
50  7th  Street  NE 

Atlanta,  Georgia  30323  catalog  #13.261 

Health  Facility  Construction  Grants 

Assistance  Available:  Formula  grants  to  assist  states  on 

planning  for  the  providing  hospitals,  public  health  centers, 
health  laboratories,  out-patient  facilities,  emergency 
rooms,  neighborhood  health  centers,  and  related  facilities. 
The  grants,  combined  with  local  funds,  may  be  used  for  new 


.. 
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Title: 


Title: 


Title: 


construction,  renovation  or  the  provision  of  services  in 
a community.  Federal  assistance  is  not  available  for  the 
purchase  of  land  except  for  public  health  centers. 

Eligibility:  State  and  local  governments  and  private  non- 

profit agencies. 

Contact:  North  Carolina  Office  of  Comprehensive  Health  Planning 

116  West  Jones  Street 
Raleigh,  North  Carolina 

Department  of  HEW 
50  7th  Street  NE 

Atlanta,  Georgia  30323  catalog  #13.220 

13,223 


Health  Services  Development 

Assistance  Available:  Projects  grants  which  may  be  used  to 

develop  comprehensive  health  care  centers  in  local  communities. 

Also  for  new  health  care  service  programs,  training 
programs  and  community  out-reach  are  included. 

Eligibility:  Any  public  or  private  non-profit  agency. 

Contact:  North  Carolina  Office  for  Comprehensive  Health  Planning 

116  West  Jones  Street 
Raleigh,  North  Carolina 

Department  of  HEW 
50  7th  Street  NE 

Atlanta,  Georgia  30323  catalog  #13.224 

Law  Enforcement  and  Criminal  Justice 

Assistance  Available:  Variety  of  grants,  consultative  and 

advisory  services  for  a wide  range  of  law  enforcement 
and  criminal  justice  programs. 

Eligibility:  State  and  local  law  enforcement  agencies 

Contact:  Law  Enforcement  Assistance  Administration 

Department  of  Justice 
730  Peachtree  Street  NE 
Room  985 

Atlanta,  Georgia  30308 

catalog  #16.500,  16.004,  16.502,  16.301,  16.303,  16.300,  16.302, 
16.501,  16.513,  16.514,  16.515 

Library  Services 

Assistance  Available:  Formula  grants  for  books  and  other 

library  materials,  library  equipment,  salaries,  and  other 
operating  expenses. 

Eligibility:  Interested  communities  obtain  inclusion  of 

project  in  annual  state  plan,  prepared  by  State  Library 
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Title: 


Title: 


Title: 


Extension  Agency,  which  is  the  recipient  of  the  grant. 

Contact:  North  Carolina  State  Library  System 

Governor's  Office  catalog  # 13.464 

Construction  Grants  for  Waste-Water  Treatment  Works 

Assistance  Available:  Project  grants  to  assist  and  serve 

as  an  incentive  in  construction  of  municipal  sewage  treat- 
ment works  which  are  required  to  meet  state  and  -federal 
water  quality  standards.  Such  works  may  serve  all  or  part 
of  the  community,  metropolitian  area  or  region. 

Eligibility:  Any  municipality,  intermunicipal,  state  or 

interstate  agency  having  jurisdiction  over  disposal  of 
wastes. 

Contacts : North  Carolina  Department  of  Water  and  Air  Quality 

EPA  Region  4 

1421  Peachtree  Street  NE 

Atlanta,  Georgia  30309  catalog  #66.418 

Solid  Waste  Management  - Technical  Assistance 

Assistance  Available:  Advisory  services  and  counseling, 

specialized  services,  training,  and  technical  information. 
Eligibility:  Any  local  or  area-wide  public  agencies. 

Contact:  EPA  Region  4 

1421  Peachtree  Street  NE 

Atlanta,  Georgia  30309  catalog  #66.011 

North  Carolina  Board  of  Health 
Sanitary  Engineering  Division 
Raleigh,  North  Carolina 

USDA  Sewer  Construction  Program  - Grants  and  Loans 

Assistance  Available:  Project  grants  and  insured  sub- 

sidized loans  for  installation,  repair,  improvement  or 
expansion  of  a waste  disposal  system.  Includes  collection 
and  treatment  of  all  wastes,  including  solid  wastes. 
Eligibility:  Public  or  quasi-public  bodies  which  serve 

residents  of  rural  areas  and  cities  below  10,000  population 
when  (1)  they  are  unable  to  obtain  needed  funds  from  other 
sour&es  at  reasonable  rates  and  terms.  (2)  the  proposed 
improvements  will  primarily  serve  farmers  and  other  rural 
residents,  or  (3)  they  have  legal  capacity  to  operate  the 
facility  and  services. 

Contacts : Local  Office  of  Farmers  Home  Administration 

Council  of  Governments 


Catalog  # refers  to  the  catalog  of  Federal  Domestic  Assistance 
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ENVIRONMENTAL  ASSESSMENT 

Mitigation  measures  to  minimuze  impact  will  not  be  necessary  because 
no  recommendations  are  proposed  in  the  capital  budget  which  will  have  any 
adverse  consequences.  Review  of  the  China  Grove  capital  budget  raised  no 
environmental  problems. 

The  public  improvements  section  of  the  report  does  outline  a series  of 
scheduled  community  improvements  over  a twenty  (20)  year  period  which  will 
be  necessary  to  maintain  the  existing  quality  of  life.  These  proposals  have 
been  identified  in  the  China  Grove  Community  Facilities  report.  Some  of 
them  will  possibly  have  minimum  environmental  impact  if  implemented.  The 
following  is  a listing  of  those  proposals  which  could  possibly  have 
environmental  effects. 

Governmental  Offices  - new  municipal  building 

Water  System  - improvements  to  existing  water  system;  increase  water 
storage  capacity 

Sewer  System  - increase  capacity  of  waste  treatment  plant 

Recreation  - increase  amount  of  land  used  for  recreation 

Storm  Drainage  - improve  existing  drainage  system  through  enforcement 
of  town  regulations,  better  maintenance  of  existing 
system,  and  installation  of  additional  storm  sewers 

These  particular  recommendations,  if  implemented,  could  have  some 
environmental  impact;  however,  these  projects  should  not  be  fully  evaluated 
until  specific  project  planning  and  design  occurs. 

There  is  one  immediate  concern  on  adverse  environmental  effects:  those 

improvements  which  are  not  implemented  could  possibly  alter  the  quality  of 
life  that  now  exists  in  China  Grove „ This  would  be  an  adverse  environmental 
effect  on  human  resources.  There  are  no  alternatives  at  this  time  to  the 
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proposed  recommendations  in  the  public  improvements  program.  However,  if 
the  suggested  recommendations  prove  to  be  unsatisfactory,  various  alternatives 
must  be  formulated. 

The  relationship  between  the  short  term  use  of  man's  environment  and 
maintenance  of  long  term  productivity  can  be  summed  up  by  emphasizing  that 
if  the  public  improvements  recommendations  are  implemented,  they  will  insure 
that  essential  services  keep  up  with  the  rate  of  development  within  the 
planning  period.  Without  such  advance  planning,  the  long  term  adverse 
environmental  impact  would  result  in  monetary  waste,  duplication  of 
services,  and  a significant  loss  of  the  quality  of  life  that  now  exists. 

The  Development  Policy  establishes  procedure  for  the  extension  of 
water  and  sewer  services  and  facilities.  The  policy  itself  is  related  to 
the  capital  budget  and  public  improvements  and  establishing  guidelines 
and  criteria  for  extension.  It  will  have  no  irreversible  or  irretrievable 
effects  on  the  environment*  Mitigation  measures  will  not  be  necessary. 

The  alternative  to  the  policy  considers  each  extension  separately 
with  no  policy  for  review  or  assessment. 

The  China  Grove  zoning  ordinance  can  effectively  mitigate  many  possible 
environmental  concerns.  Also,  the  capital  budgeting  process  alone  could  be 
effective  in  dealing  with  issues  of  concern.  There  will  be  no  irreversible 
commitments  of  resources. 

Applicable  federal,  state  and  local  environmental  controls  consist  of 
the  National  Environment  Policy  Act;  General  Statutes  Chapter  113A, 
Environmental  Policy  Act;  General  Statutes  Chapter  160A,  Planning  Enabling 
Legislation;  General  Statutes  Chapter  159?  Local  Government  Budget  and 
Fiscal  Control  Act;  and  local  county  health  regulations,  local  zoning  and 
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subdivision  regulations. 

There  were  no  problems  of  immediate  environmental  concern  raised 
Planning  Board,  Town  Board,  and  general  citizenry  in  reviewing  this 


document . 


